RTX 

HEATER FIXTURE - DEVELOPMENT MILESTONES 


CUSTOMER PURCHASE ORDER ISSUE 12/20 • 

REVIEW & GO AHEAD BY CUSTOMER 12/27 * 


PIN HOUSINGS 


DISK CONTACT 

CONDUCTOR PIN 

CARDB TUBE I! 

O 

LOAD RESISTOR 
SLEEVE & SEAL 

ASSY FIXT. F 

ASSY FIXT R 

ASSY FIXT M 

BUILD PLAN 


DRAWINGS TO TOOL MAKER 
TOOL READY FOR REVIEW 
FIRST PARTS OF TOOL (26) 
EVALUATION 

(1000) SETS OF PARTS 
(4000) SETS OF PARTS 
(5000) SETS OF PARTS 
DRAWING TO TOOL MAKER 
(1000) PARTS 
EVALUATION & TEST 
(5000) PARTS 
(5000) PARTS 
DRAWING RELEASE 
(200) SAMPLES 
EVALUATION & TEST 
(10000) PARTS 
DESIGN RELEASE 
(50) SAMPLES 
DESIGN RELEASE 
(50) SAMPLES 
(200) SAMPLES 
DESIGN RELEASE 
(100) PARTS 
DES/DRW RELEASE 
QUOTES REC 
ORDER REL 

(1) COMPLETE FIXT. 

( 2 ) 

DES/DRW RELEASE 
QUOTES REC 
ORDER REL 

(1) COMPLETE FIXT. 

( 2 ) 

DES/DRW RELEASE 
QUOTES REC 
ORDER REL 
(1) COMPLETE FIXT. 

( 1 ) 

( 1 ) 


12/28 * 

3/ 7 
3/ 1 1 
3/13 
3/18 
4/ 1 
4/15 
1/11 • 

2/25 • 

2/27 — (V 3I& 

3/11 u>tl riy.'Jy a 

3/18 ' ' 

1/11 • 

2 / 1 * 

2/27 
3/1 1 
1/15 * 

1/22 • 

1/18 • 

2/20 — c&y+fc/ ( r iv) 

TBD 
TBD 
1/23 • 

2/11 * 

2/11 • 

3/ 8 
3/25 
1/23 • 

2/11 * 

2/11 * 

3/ 8 
3/25 
2/22 * 

2/27 
3/ 1 
3/29 
4/12 
4/26 
3/ 4 


DELIVER (1000) SUBASSEMBLIES TO CUSTOMER 4/10 

DELIVER (4000) SUBASSEMBLIES TO CUSTOMER 4/24 

DELIVER (5000) SETS OF PARTS TO CUSTOMER 4/30 


EB/JB 12/21,1/8,1/18,2/11,2/26 


Source: https://www.industrydocuments.ucsf.edu/docs/rtgmOOOO 
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